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ACTION SSM-05 

INFO OCT-01 NEA-10 ISO-OO SSO-OO NSCE-00 INRE-00 10-11 

ACDA-10 OC-05 CCO-OO CIAE-00 DODE-OO PM-04 H-02 

INR-07 L-03 NSAE-00 NSC-05 PA-02 PRS-01 SP-02 SS-15 

USIE-00 OMB-01 /084W 

022058 

OR 110819ZFEB 76 
FM AMEMBASSY TEL AVIV 
TO SECSTATE WASHDC IMMEDIATE 01 13 
INFO AMEMBASSY CAIRO 

UNCLAS TEL AVIV 1002 

STATE FOR SSM 

CAIRO PASS TO GETTIER 

E.O. 11652: N/A 
TAGS: PFOR, IS 

SUBJECT: SINAI FIELD MISSION STATUS REPORT AS OF COB 9 FEB 
1. RCM-SFM 5-1 1 

A. FACILITIES: FOR PURPOSE OF CLARIFICATION, IN THE INITIAL 
TEMPORARY BASE CAMP PLAN, BARRACKS #1 WAS THE NORTHERN MOST IN 
A ROW OF FIVE. HOWEVER, FOR REASONS OF EXPEDIENCY, IT WAS 
DECIDED TO ERECT BARRACKS #3 FIRST. IN THE NEW PLAN BUILDING #3 
IS NOW DESIGNATED AS BARRACKS NO. 1 AND WILL BE THE 
NORTHERN MOST AND NEAREST THE ROAD. ERECTION OF BARRACKS #2 
NOW COMPLETE. FINAL GRADING BARRACKS #3 IN FINAL STAGES. LIGHT 
INSTALLED IN BOTH BARRACKS #1 AND #2. SIX SHOWERS INSTALLED 
AND OPERATIONAL IN #1 AND ADEQUATE EQUIPMENT INSTALLED IN 
KITCHEN TO COMMENCE EXPEDIENT OPERATION. FIRST MEAL WAS SERVED 
IN TEMPORARY DINING ROOM NOON TODAY. ERECTION OF CONTRACTOR'S 
OFFICE BUILDING WAS COMPLETED TODAY AND PARTITIONING AND 
INSTALLATION OF PLUMBING OF E-3SYSTEMS PROGRAM MANAGER'S PVT. 
UNCLASSIFIED 

UNCLASSIFIED 
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EXPECTED TO BE COMPLETED UNTIL FEB 11. ERECTION OF COMOPS 
BUILDING EXPECTED COMPLETE BY END OF WORKDAY TWO ARE IN PLACE 
AND ASSEMBLY OF CEILING ENCLOSURE PANELS FOR THE WAREHOUSE IS 
UNDERWAY. EXCAVATION OF SANITARY FILL FROM GARBAGE DISPOSAL 
INITIATED AND WILL BE CONSIDERED FUNCTIONAL BY END OF DAY. 

THE ISRAELIS RETURNED YESTERDAY AND INSTALLED FOUR WATER TANKS; 
CAPACITY APPROXIMATELY 2500 GALLONS. TANKS ARE EXPECTED ON 
LINE TOMORROW. STEPS INITIATED TO PLACE MORE GENERATORS. 

B. COMMUNICATIONS: NEGATIVE REPORT. 

C. WATCH STATIONS: NEGATIVE REPORT. 

D. SURVEILLANCE SYSTEMS: QUANTITY OF COMMUNICATIONS AND 
SENSOR EQUIPMENT ARRIVED BY CONVOY LAST NIGHT. TEAM LEADERS 
FOR THE FOUR INSTALLATIONS EXPECTED ON SITE TODAY. SITE SURVEY 
AND INSTALLATION OF EQUIPMENT STARTS TOMORROW. 

E. FISCAL MATTERS: NEGATIVE REPORT. 

F. PERSONNEL: 44 TECHNICIANS AND COMMUNIATIONS PERSONNEL 
ARRIVED LAST NIGHT. CURRENT HEADCOUNT: US GOVERNMENT - 13; 
E-SYSTEMS - 56; ZACHRY - 57. TOTAL - 126. 

G. MISCELLANEOUS: NEGATIVE REPORT. 

DUNNIGAN 


UNCLASSIFIED 
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Message Attributes 


Automatic Decaptioning: X 
Capture Date: 01 JAN 1994 
Channel Indicators: n/a 
Current Classification: UNCLASSIFIED 

Concepts: CONSTRUCTION, PEACE OBSERVATION MISSIONS 

Control Number: n/a 
Copy: SINGLE 
Draft Date: 11 FEB 1976 
Decaption Date: 01 JAN 1960 
Decaption Note: 

Disposition Action: n/a 
Disposition Approved on Date: 

Disposition Authority: n/a 
Disposition Case Number: n/a 
Disposition Comment: 

Disposition Date: 01 JAN 1960 
Disposition Event: 

Disposition History: n/a 
Disposition Reason: 

Disposition Remarks: 

Document Number: 1976TELAV01002 

Document Source: CORE 

Document Unique ID: 00 

Drafter: n/a 

Enclosure: n/a 

Executive Order: N/A 

Errors: N/A 

Film Number: D760051-0586 
From: TEL AVIV 
Handling Restrictions: n/a 
Image Path: 

ISecure: 1 

Legacy Key: Iink1976/newtext/t19760258/aaaabyoa.tel 

Line Count: 87 

Locator: TEXT ON-LINE, ON MICROFILM 
Office: ACTION SSM 
Original Classification: UNCLASSIFIED 
Original Handling Restrictions: n/a 
Original Previous Classification: n/a 
Original Previous Handling Restrictions: n/a 
Page Count: 2 

Previous Channel Indicators: n/a 
Previous Classification: n/a 
Previous Handling Restrictions: n/a 
Reference: n/a 

Review Action: RELEASED, APPROVED 
Review Authority: housmasa 
Review Comment: n/a 
Review Content Flags: 

Review Date: 21 JUN 2004 
Review Event: 

Review Exemptions: n/a 

Review History: RELEASED <21 JUN 2004 by oatisao>; APPROVED <29 SEP 2004 by housmasa> 

Review Markings: 

Margaret P. Grafeld 
Declassified/Released 
US Department of State 
EO Systematic Review 
04 MAY 2006 


Review Media Identifier: 

Review Referrals: n/a 
Review Release Date: n/a 
Review Release Event: n/a 
Review Transfer Date: 

Review Withdrawn Fields: n/a 
Secure: OPEN 
Status: NATIVE 

Subject: SINAI FIELD MISSION STATUS REPORT AS OF COB 9 FEB 
TAGS: PFOR, IS 
To: STATE 
Type: TE 
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